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Message Text 

UNCLASSIFIED 

PAGE 01 MEXICO 10363 232228Z 
ACTION FBOE-OO 

INFO OCT-01 ARA-14 ISO-OO A-01 /016W 

033228 240054Z/70 

P 232227Z JUN 78 

FM AMEMBASSY MEXICO 

TO SECSTATE WASHDC PRIORITY 1026 

UNCLAS MEXICO 10363 


EO 11652: N/A 
TAGS: ABLD, AINF 

SUBJECT: INSTALLATION OF COMPUTER SYSTEM-MEXICO CITY 


REF: BLAKELY/PELEUSES TELCON JUNE 22, 1978 

1 . MEETING TALD YESTERDAY WITH INARCO AND CONTRACTOR 
WHO WILL INSTALL HUMIDIFYING SYSTEM ON REVAMPED AIR 
CONDITIONING SYSTEM TO CONTROL HUMIDITY AND TEMPERATURE 
LEVELS IN COMPUTER ROOM. ESTIMATED COST FOR THIS 
INSTALLATION DOLS 4,020. 

2. FOLLOWING, BRIEF DESCRIPTION OF INSTALLATION AND 
MODIFICATION NECESSARY FOR INSTALLATION OF HUMIDIFYING 
SYSTEM: 


A. EMBASSY PROPOSES TO USE EXISTING STEAM BOILER, 

15 HP. MAXIMUM DEMAND FOR HUMIDIFYER FOR COMPUTER ROOM 
ESTIMATED AT 4 HP. ONE AND ONE HALF INCH PIPING WILL BE 
RUN FROM EXISTING BOILER TO THE NEW AIR CONDITIONING ROOM 
ON BASEMENT LEVEL. PIPING TO BE INSULATED WITH ONE INCH 
THICK INSULATION. TWO CONDENSATION PUMPS AND ONE 
CONDENSATION TANK WILL BE INSTALLED IN THIS ROOM. 

STEAM COIL AND STEAM HUMIDIFIER TO BE INSTALLED IN AIR 
CONDITIONING UNIT. ADDITIONAL CONTROLS TO REGULATE 
HUMIDITY AND TEMPERATURE WILL BE INSTALLED INSIDE THE 
COMPUTER ROOM. 
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B. CONTRACTOR ESTIMATES WILL TAKE APPROXIMATELY 
THREE WEEKS TO COMPLETE THIS INSTALLATION. 

3. INARCO CONCURS. REQUEST DEPARTMENT APPROVAL ABOVE 
WORK AND AUTHORIZE FUNDS TOTALLING DOLS 4,020.00. 
APPRECIATE TELEGRAPHIC RESPONSE. 
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4. FYI: WHILE EVERY EFFORT WILL BE MADE COMPLETE SITE 

PREP AS SCHEDULED, ABOVE WORK MAY DELAY COMPLETION BEYOND 

JULY 14. LUCEY 
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